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1, The following; inforaation on the present status of the southern soetion of 
3 


25X1 the Zerlin Outer Mreight Ring (CAR) vas obtained on 11 Junc LOSL: 


&. ianemade structures: 


(1) Railroad overpass at Uorlincr Yama: not vet opencd to trarfic, 

: a w aT 
(2) Railroad bridze near Uahlow: bridze is open. . 
(3) Glasower Damm: a wooden footpath for passonsers has been completed 


and opened. A pertianent read bridge will provably be built in the 
future. 

{h) Ratlyroad overpass over the interessentonweg, wost of Jahlow: work 
on the construction of this bridge has not yet beon started, 

(5) Railroad underpass at the alkenberg (414% Glienicke): one abutnent 
has been completed, forma have been set up for concreting the second 
one. 

(6) Railroad overpass at Adlergestell, east of Glienickes the bride 
mili, be about 110 meters long. Forns for concretinz work of piers 
and abutments were 90 percont completed. ALL the foundations and 
one pier are complcted, : 

ioe 

' be Roadbed: 

A total of about 5 loa extending on beth sides of Schoencfcld 9a completed. 
axeavation work for the railroad vetieon Schocnefold and Alt Clienicke is 
30 percent completed, lurther te the cast as far as the junction with tho 
old Outer Freight Ring, the excavation work is 70 percent compictad, The 
permanant way east of the curve near —ahlow is completed. 4&. track about 

2.5 ka Long has beon laid from ‘ahlow, Ties anc rails for the sdcond track’ 
nave been piled up for a 2 los streteh, worl: on the laying of the socend 
track has beon started, 


2 the Lerlin regional railroad headquartora that tho con- 
creting wor on the bricges near Adlorsgestell was completed on 15 June. 
25X1 ‘he steel, substructures arc at the bridze site. They will be installed in 


about two weeks wher tho abutments and piers will have set. hen the bridge 

is opened, as scheduled on 10 July the line will be eouble-track from Grosse 

beeren ac far as kilonoter marker 21.0, which is near Alt Glienicke, and 
 Singlestrack from the narker ag far as the Teltow Canal, 


25X1 


SLASSIPICATIO 


> evapo 


Decament jlo. 
Ne Change tn Class [Jd iy 
[} Dectaggified mel 
| Class. rd Teo: TS § fh} 

q Authy “BQ 70-2, 


E rae as { 
Approved For MeRM&b 2008/0842-- 


25X1 


TT ee STENEISEE ERTS “SE 


a 


TSE 


4a # 


Approved For Release 200598% EDEN #AP82-09%57R008500370006-6 


ie F 


asxiL_ | 

) ae 25X1 

. E 

: 

i 

HE 

| 

251 [| 3. | it te 
29K 1 “pable that the GAR will be opsned on lo July as scheduled, varti-~ 
cularly since rails and ties are delivered in inadequate ~iantities. : 

The line is sintleetrack and after completion will be capatvie of a. : 

train density cf 2h trains in both directions in a 2-how period, : 

#itn respect to its Toed capaciiyy, it will belong inte tx | ecate- : 


gory of lines which permit o standard waximrum axle pressury of 20 tons. This 
ie the capacit,, of the oricse rear ‘hroenau,which gas formerly on tae” 
Salzwedel~/ittenberge line. * 
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25X11 % Comment. . 25X11. 
the southern section of tae Jcriin Outor Freipht Ning is fornails : 


opened on 10 July 1951, it will Le propavenda material. |“xtensive 
additional work will be required after that date before the Line wiil 
have acquired ites Pull of ficiency. 
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